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Message Text 



UNCLASSIFIED 

PAGE 01 STATE 151338 

13 

ORIGIN FBO-01 

INFO OCT-01 NEA-09 ISO-OO A-01 /012R 

DRAFTED BY A/FBO:VDRUSSILLO:ADW 
APPROVED BY A/FBO:OCRALSTON 

109698 

R 1.2230ZJUL74 
FM SECSTATE WASHDC 
TO AMEMBASSY BEIRUT 

UNCLAS STATE 151338 

E.O. 11652: N/A 
TAGS: ABLD 

SUBJECT: BEIRUT OB PROPERTY NO. 02446, CONTRACT NO. 3446- 
421212 

REF: BEIRUT OM JUNE 11, JUNE 12, STATE 086188, BEIRUT 4367 

1. PARAGRAPH 9 D 2 (1) OF CONSTRUCTION SPECIFICATIONS 
TAKES PRECEDENCE OVER "PREFACE TO SPECIFICATION." 
DEPARTMENT WILL ANSWER DUDOFF'S LETTER. 

2. EXPANSION JOINT AND WATER-STOP DETAILS AS SUBMITTED 
WITH OM OF JUNE 12 ARE HEREBY APPROVED. ALLOTMENT CODE 
212 FOR DOLS. 1,995 FOLLOWS. 

3. STATE 086188, APTIL 26, AUTHORIZED ISSUANCE OF CHANGE 
ORDER AT REDUCED SCOPE BY DELETING: 

SPEC ITEM 21 AT DOLS. 6,420 
SPEC ITEM 101 AT 2,289 

SPEC ITEM 102 AT 719 

DRAWING ITEM 51 AT 13,910 

DRAWING ITEM 66-68 AT 5,350 

TOTAL REDUCTION DOLS. 28,688 

4. ALLOTMENT INCREASE CODE 212 FOR DOLS. 59,098 ISSUED TO 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 151338 
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POST BY DS 150 CHANGE NO. 4, MAY 2. 1974. BEIRUT OM OF 

12 JUNE DOES NOT REFLECT RECEIPT OF STATE 086188. 
PLEASE ADVISE. KISSINGER 



UNCLASSIFIED 



NNN 



*** Current Handling Restrictions *** n/a 
*** Current Classification *** UNCLASSIFIED 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 12 JUL 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974STATE151338 

Document Source: CORE 

Document Unique ID: 00 

Drafter: VDRUSSILLO:ADW 

Enclosure: n/a 

Executive Order: n/a 

Errors: n/a 

Film Number: D7401 88-0221 
From: STATE 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t19740786/aaaahbmm.tel 

Line Count: 69 

Locator: TEXT ON MICROFILM, TEXT ON-LINE 
Office: ORIGIN FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: BEIRUT OM JUNE 11, JUNE 12, STATE 08, 6188, BEIRUT 4367 

Review Action: RELEASED, APPROVED 

Review Authority: martinjw 

Review Comment: n/a 

Review Content Flags: 

Review Date: 05 JUN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <05 JUN 2002 by thomasv0>; APPROVED <1 6 JAN 2003 by martinjw> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 

Status: <DBA CORRECTED> gwr 971028 

Subject: BEIRUT OB PROPERTY NO. 02446, CONTRACT NO. 3446- 421212 
TAGS: ABLD, LE 
To: BEIRUT 
Type: TE 
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